TOWN OF ARLINGTON 
MINUTES OF THE PERMANENT TOWN 
BUILDING COMMITTEE MEETING 


Date: May 19, 2020 
Time: 7:00PM 

Location: Each of the Committee Members and the Guests Participated Utilizing the ZOOM 
Videoconferencing Platform or by Phone Conference 


Minutes 

Attendance: Allen Reedy, Jim Feeney, Bob Jefferson, John Maher, Peter Martini, Michael Mason, 
Bret Lambert (Absent: Adam Chapdelaine, Bill Hayner) 

Guests: Josh Sydney, Jeff Alberti, David Steeves, Michael Rademacher 


The Chairman called the meeting to order at 7:00PM. 

TOWN YARD 

Mr. Sydney and Mr. Steeves brought forward the necessity of soil characterization and the 
benefits of moving it forward in the schedule of work. The purpose of same would be to identify hot 
spots, re-use possibilities and disposal options. On a motion by Maher seconded by Feeney the sum 
of $50,000 was authorized unanimously for this purpose. 

An invoice from Weston and Sampson for March 2020 were unanimously approved in the 
amount of $180,726 on a motion by Maher seconded by Lambert. 

CENTRAL SCHOOL 

Mr. Feeney reported that a change order related to the work proceeding taking into account 
the Coronavirus will be presented at the next meeting. 

MINUTES 

On a motion by Jefferson seconded by Martini the minutes of the April 21, 2020 meeting 
were unanimously approved. 

Whereupon a motion was made by Maher seconded by Jefferson to adjourn at 7:40 PM and it 
was unanimously voted. 


Respectfully Submitted, 
John F. Maher, Clerk 



